


6 January 1961 


MEMORANDUM FOR DEPUTY DIRECTOR (PLANS), CIA 
SUBJECT: Revised DISCOVERER Schedule 


1. Reference menorandum, subject as above, dated 
10 December 1960. 


2. This memorandum confirms the revision to the 
DISCOVERER program resulting fron referenced memorandun 
and further discussions on 15, 16 December 1960. The 
approved schedule is attached hereto. 


3. Please take necessary action to implement the 
attached schedule and to notify the proper personnel. 


JOGEPE V. CHARYK 
Under Secretary of the Air Force 


1 Inel 
Discoverer Schedule 
dtd & dan 1961 


Info copy to: 





Deciassified and Released by the NRO Copy xo IT -ys. 
In Accordance with E. O. 12958 


on NOV 26 1997 





Launch Payload 


Ho. na Date Pad 
20 1104 A 24 Jan 4 
21 | 1102 BN-2 2 Feb 5 
22 11065 c 3 Mar 4 
23 1106* A 21 Mar & 
24 1107 Cc 25 Apr 4 
25 1108 Cc 9 May 1 
26 1109 Cc 18 May 8 
27 1110 A June 4 
28 21112 Cc June 1 
29 1112 A July & 
30 1113 Cc duly 4 
31 1114 A aug i 
33 41113 Cc aug 8 
a3 1116 ¢ ing 4 
34 1117 A Sept 2 
35 1118 Cc Sept 8 
36 2119 Cc Ost 4 
37 1120 c Oct 1 
38 1025* Bio Kov 4 


* Although 1106 is scheduled as shown, 1025 will be 
prepared for possible launch on 21 March instead of 
1106. If 1104 is successful, then 1025 will replace 
1106, which will then be rescheduled later as an 
operational launch. If 1204 is not successful, 1106 
an¢ 1025 will remain as shown. Decision will be made 
on 17 January or as soon 22 possible thereafter. 
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